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Cw File I 

in Rostock 



TEI Ge/A- 

23 January 1953 

Subject: Decade Reports, 

Decade II, 

January 1953. 


Shipyard 

Ship 

Percentage 
of Cor pletlon 

Remarks 

1 

2 

3 

4 

Riveted drifters: 




Shipbuilding and repair 
yard in Stralsund 

Refrigerated 85 

drifter 

KL 1202 

Work could not be con- 
tinued at capacity be- 
cause cf lack of material 
available in the shipyard 
and at the Marine Electric 
7EB in Stralsund 


12C3 

85 

Work could not be continued 
at capacity because of 
lack of material available 
in the shipyard and at the 
Marine VEB in Stralsund 


1204 

74 

n 


12C5 

51 

Normal progress of work 


j 206 

24 

« 


1207 

24 

Yf 

koizenburg 

12C8 

30 

Accepted on 1C January. Ship 
Is being transferred 


X2C9 

24,5 

Normal regress of work 


1210 

21 

H 

Rostock 

691 

ICC 

Left shipyard on 11 January 


692 

ICO 

if 


69.3 

ICO 

« 

Shipbuilding and repair 

239 

99 

Ship waiting for ere.: 


yard in Stralsund 
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I 

2 

5 

4 

Welded drifters: 




Nationalized shipyard 
in Stralsund 

L 4127 

99 

Work completed, but for her 
acceptance 


43.28 

92 

Acceptance trial run on 18 

January* Only residual work 
left 


4129 

SO 

liormal progress of work 


4130 

70 

ri 


Trawler 4 

75 

No change 


* 5 

- 

freliminary work 

Special vessels: 




Shipbuilding arxi re- 
pair yard in Stralsund 

seagoing ladder 
dredge 

70 

No change* Assembly work 
had not yet started 


Dredge tug II 

80 

ti 


50- ton floating 
crane 

100 

Waiting for crew 


Dredge tug I 
HARROW" 

99 

Acceptance trial still pending. 
Completed but for residual work 

Nationalized shipyard 
in Stralsund 

KS 2201 

78,5 

The dock trial of the main 
engine was sucessfully completed. 
The shake-down run was scheduled 
for the next few days 

Wolgast 

K3 2002 

27 

At present in Stralsund. Trans- 
fer to Wolgast was scheduled 
for 22 January 1953 

Nationalized shipyard 
In Stralsund 

KS 20C3 

- 

Preliminary work 


KS 2004 

- 

« 


bottom dump 
scow 708 

70 

No change, the trial assembly 
had not yet started 


Seagoing seiner- 

-type tug 

600i/638 

98 

Ship ready for acceptance 


OC02/639 

98 

n 


6003/640 

92 

Normal progress of work 

Bad Stralsund 

Seiner-type tug 

*jiy/3/i 

97 

Acceptance trial run of 18 January 
Residual work 


•jCi/4/n 

97 

Tt 


5CA/5/m 

97 

Acceptance was schedui ed for 
the next few daj 9 
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5EC‘£T 

2 

J 



ya/6/iv 

95 

Normal progress of work 


5C1/7/V 

S6 

n 


501/8/VI 

50 


Wolg&st 

Surveying vessel 
5C1/2 

10C 

Left port with crew on 14 
January 

Rosslau 

Tank lighter 

301 

40 

Scheduled to be transferred to 
Stralsund on 21 January 


Tank lighter 

302 

30 

Normal progress of work. She 
will probably be transferred 

on 28 January 


Tank lighter 

303 

8 

Hortaal progress of werk 

Rothensee 

Seagoing tag 

811 

65 

IT 


Seagoing tug 

812 

25 

*r 


Hopper I 

S5 

IT 


Hopper II 

20 

n 

Brandenburg 

Seiner-type tug 
501/9/1 1 1 

'70 

it 


501/10 

- 

Assembly work to begin on 26 
January 


f ighter 5C5/1 

6 

Normal progress of work 

Rostock 

Crane pontoon I 

ICC 

Mss assembled for shipment 


Crane pon toon II 

100 

i? 

Cutters r 

GehXodcrf 

Surveying cutter i 

67 

Normal progress ef work 


Surveying cutter II 

60 

it 


Motor life boat 1 

51 

n 


Motor life boat It 

15 

ii 


Fire-fighting 

boat 1604 

88 

n 


Fire-fighting 

Kelt 1605 

SECRET 

88 
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t 

Xoepenick 

Revenue cutter I 

95 

No change 


Revenue cutter II 

95 

tt 


Harbor service 
cabin launches 
1-15 

— 

ii 


Harbor service 
launches 

1-8, 12- 18 

- 

ii 


Harbor service 
launch 9 

85 

Normal progress of work 


Harbor service 
launch 10 

82 

n 


Harbor service 
launch 11 

83 

n 

Xoepenick 

X3 cutter 23 

83 

n 


XS cutter 24 

90 

ti 


KS cutter 25 

52 

ii 


KS cutter 26 

47 

No change 


KS cutter 27 

46 

u 


K:5 cutter 28 

42 

Normal progress of work 


SMK boat I 

7C 

No change 

Brandenburg 

Minesweeping 

I s a ches 5C8/1 

15 

?» 


Mine sweeping 
launches 508/2 

15 

it 

- 

Mne sweeping 
launches 3-6 

- 

Preliminary work 

Repair to cutters: 

Goblsdorf 

SAS cutter 206 

SC 

No change 


SAS cutter 208 

80 

ii 


SAS cutter 131 

40 

u 


SAS cutter 192 

3C 

?! 


SAS cutter 124 

30 

f? 


SAS euttor 186 

35 

Work continued according to 
work progress in shipyard 
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SAS cutter 210 

9C 

No change 


SAS cutter 211 

9C 

ii 


SAS cutter 115 

9C 

ti 


SAS cutter 203 

15 

n 


SAS cutter l6l 

99 

Continuation of work 


SAS cutter 171 

70 

t! 


SAS cutter IOC 

100 

Left shipyard on 15 January 


SAS cutter 191 

1C 

Assembly started on 15 January 


SAS cutter 103 

10 

<» 


SAS cutter 126 

1C 



SAS cutter 150 

2C 

n 


SAS cutter 29 

99 

No change 

Ships under repair: 

Gehlsdorf 

drifter RCS 116 

90 

Repair work 


Drifter RCS 122 

10 

No change 

Rostock 

Refrigerator 

- 

Disassembled 


B - 7 

- 



KULOI 

- 

n 


VENTA 

98 

No change 


13 - 28 

ICC 

Waiting for crew 


iECLENT 

85 

Work continued regularly 


1RKUTS 

ICO 

Waiting for crew 


RB - 49 

100 

n 


RB - 46 

ICC 

« 


13 - 36 

ICC 

it 


X* - 10 

15 

Repair work 


1} ~ 11 

4C 

t» 


V - 12 

15 

it 


D - 13 

13 

ii 


b ~ 14 

40 

tt 


D - 15 

15 

t? 


B ~ 6 

12 

ti 
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2 

3 


Volksuerft Stralsund 

Drifter EOS 2C2 

102 

Left shipyard on 14 January 


Drifter RCS 115 

100 

Left shipyard on 31 December 


Drifter RGS 1G9 

- 

Repair work 


Drifter ROS 112 

- 

« 


Seagoing lighter 
POLAR 

- 

Under repair 


D. ALFRED MAERZ 

- 

n 

Shipbuilding and 
repair yard in Stral- 

KS LOEFFLER 

97 

Overhaul 

simd 

Drifter ROS 123 

- 

Under repair 

Wolgast 

Tug VISMAR 

96 

Some instruments for main switch- 
board were lacking* Cover plates 
a three-way switch and shunts 
were lacking for the shunt 
si/itchboard. The vessel was 
scheduled to be completed by 
mid-February 


Training ship 912 

- 

Undergoing periodical win er 
repair 


Training ship 913 

- 

n 


K ,S. SEPTA 


ft 


M.S* BARTH 

- 

K 


k.3* kraijich 

- 

ft 


SCHWA1.BE 

- 

fl 


H.S* HYDR0L0GE 

- 

It 


K.5. HYDROGRAPH 


it 


H.3, MOEVE - 

M.3. LEITBOHK - n 

Uisnar SdSRAISKY 94 The main switchboard was fitted 

with rectifiers and converters. 
The first Diesel genera was 
pat in operation on 14 January 
and mad© a first full load m 
on 17 January, The teat runs 

of fch* other generators con- 

tinued*, 'Xlie switch, devices and 
motors in the engine and boiler 
rooms were connected up* The 
60 ~kw transformers were erected 
and wired after the transformer 
room had been expanded. The rec- 
tifier panels were connected up.> 
All pertinent work was handled 
smoothly at the dry docks* Emer- 
gency and charging switchboards 
were finished in the warkshqp 0 
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12 3 

xm SOVIET 11 

SESTRCRETSK 

VOLOGDA 

VCEONESH 

Wlsmar KALININGRAD 


Dredge SA3SNIT3 
Drifter ROS 114 100 

Drifter ROS 121 65 

Drifter RCS 1C8 30 

Warnemuende YAKUTIA 100 


3GVYETSKI S0YU2, 30 


ADMIRAL NAKHIMOV 6 

YURY DOLGrOKUKI 3*5 

VEB VEM 

Schlffselektrik Rostock 
(signed) (signed) 

Menzer illegible 

Managing Engineer 


Cable wiring proceeded steadily on 
C- and D-deeks and wiring m B-dedt 
started recently.. The cableways 
were laid concurrently with the 
progress of the shipbuilding work* 

Disassembly completed* Ho work on 
the ship during reference period* 

No work on the ship during reference 
period* 

In dry dock during reference period. 
The construction of her main switch- 
board started to the workshop* 

N' change 

Was completed and delivered on 
16 January. 

Undergoing repair work 

Tf 

The ship left for her acceptance nan 
on 12 January. Her electric p: *; 
works without a hitch ^ Ghe did not re- 
turn to the shipyard- 

Cables for the lighting, power and 
transmission systems were still 
being laid during building periods 
1, 2, 7 and 8. Cable ways were fitted 
during the other building periods* 
Wiring of the lighting points started. 

Fitting and electrical work 
started on 14 January, during building 
periods 1 and 8. 

No change 


i J M bem aont* A Ministry for General Machine Construction 

Tiiinisterium fuer Allgemeinen Maschinenbau) 9 one of whose main 
administrations is HV Elektranaschinen, was created in January 1953* 
after the old Ministry for Machine Construction was divided into 
three Ministries 0 
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